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REF* WEEKLY TWX REPORT 

PROGRAM STATUS REPORT FOR WEEK END ING |9 JUNE 1963* UNIT 
SCHEDULE STATUS AS FOLLOWS IN REFERENCE TO PS~9040~6, PS*9M0*U» 

AND PS-9040- 15. 

. : : ■* : • v v- A- :■ v-VyV & : ■ $§&;: 

UNIT 2 - ON SCHEDULE VITM SUBASSEMBLY STATUS AS FOLLOWS* 

■ ,y Vy- Ti- ^y :: ' ■' - . ' ' :i . • , • 

LENS ASSEMBLY - COUPLET ION 0FHAPL~5 REMAINS SCHEDULED FOR 

• '""1 y<--\ 

5 JULY* POLISHING AND FIGURING OF THE ' FINALTVO SURFACES HAS 
COMMENCED* f ' 

UNIT 4 - PRELIMINARY PHOTO TESTING NAS COMMENCED IN THE DOT ; -'S' 
WITHOUT THE MIRROR USING THE STRAIGHT THROUGH CONFIGURATION* 

MIRROR NBR* 9 PREVIOUSLY PLANNED FOR THIS UNIT HAS SHOWN IN OPTICAL 
TESTING A CHANGE IN FIGURE WHEN MOUNTING ATTITUDE IS CHANGED* 

FURTHER TESTS WITH THIS MIRROR ON UNIT 4 ARE CONTEMPLATED TO 
DETERMINE THE EFFECT ON FINAL PHOTO PERFORMANCE. MIRROR NBR* 12 

D&CUWENT NO. /s . ‘ - ■ : 

NO CHANG*: IN CLASS. V 

□ DECLASSIFIED ^ 


NEXT RLVi.fc. ,/^s 

AtiTH: HR 1.-2 
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IS NOW SCHEDULED FOR USE WITH UNI T 4 AND THIS MIRROR WILL BE 
AVAILABLE FOLLOWING OPTICAL TESTING FOR INSTALLATION ON THE UNIT BY 
THURSDAY, 20 JUNE. HAPL- 1 1 IS INSTALLED IN THIS UNIT. 

UNIT 6 - ACCEPTANCE TESTING WAS COMPLETED ON THURSDAY, 13 JUNE, 
HOWEVER, SHIPPING HAS BEEN DELAYED. A DIFFERENT DRT VACUUM FOCUS 
SETTING HAS BEEN ESTABLISHED FOR THIS UNIT IN REFERENCE TO PREVIOUS 
UNITS. A F0UR~DAY VACUUM CONFIDENCE RUN IS CONTEMPLATED FOR NEXT 
WEEK TO FURTHER VERIFY THE VACUUM FOCUS POSITION. HAPL-8 IS INSTALLED 
IN THIS UNIT. 

UNIT 7 *» ON SCHEDULE WITH SUBASSEMBLY STATUS AS FOLLOWS? 

LENS ASSEMBLY - ON SCHEDULE WITH ASPHERIZING PROCEEDING 
SATISFACTORILY, * 

UNIT 8 “ ON SCHEDULE WITH SUBASSEMBLY STATUS AS FOLLOWS: 

LENS ASSEMBLY ~ THE CHANGES TO' THE ASPHERIZING CELL FOR HAPL-12 
HAVE BEEN COMPLETED AND FINAL ASPHERIZING AND TESTING IS BEING DONE. 

UNITS 9, 10, II, 12 AND 13 - ON SCHEDULE, 

END OF MSG 
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